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BILL NO. S-74-10-47{? 


SPECIAL ORDINANCE NO. S- 

AN ORDINANCE approving a contract with JOHN 
DEHNER, INC. for improving Council Drive 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. The contract between JOHN DEHNER, INC. , and the City 
of Fort Wayne, by and through its Mayor and the Board of Public Works, for improv¬ 
ing Council Drive, as follows: 

Council Drive from the east property line 
of Merchandise Place to the west edge of 
the pavement of Industrial Road, approx¬ 
imately 564 feet 

for a total cost of $56,152.44, of which the City will pay approximately $39,346.64 
and the balance to be handled through Barrett Law, all as more particularly set 
forth in said Contract, which is on file in the Office of the Board of Public Works, 
and is by reference incorporated herein and made a part hereof, is hereby in all 
things ratified, confirmed and approved. 

SECTION 2 . This Ordinance shall be in full force and effect from and 











Read the first time in full and on motion by -> seconded by 


_ and duly adopted, read the second time by title and referred 

to the Committee on -- _____( 

Ce MH x sB i on~f br' recommSrida^ ion) ---andr~^nElic~~Hearing to be ~helZ~aft7er---dae-leg-al notice, 

at '^e-CuTrfroidrt^Iambers, City-County Bulldingy For%-¥ayno, Indiana^—oru^-—- —» 

the--—— -U iy'of " ~~ _ _ .m i 


~r& 


, at 


Date: 


<77 




// 



CITY CLERK 


Read the third time in full and on motion by _ 


seconded b y (J. 


TJ 

, and duly adopted, placed on its passage 


Passe 


by the following vote: 

O' 

:s , NAYS CJ 

t/ _ 

r 


AYES 

BURRS 
HINGA 
KRAUS 
MOSES 
MJCKOLS 
SCHMIDT, D, 

SCHMIDT, V. 

STIER 
TALARICO 

DATE: fO' PPl'7 1 / 


ABSTAINED 


ABSENT 


to-wit: 


t/ 




j/ 



iiv'-- c.-.£h__ 


CITY clerk 


Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, 

" ' No. / 6?^)" 7 ^ ~ _ 



on the PPP/TUk d ay of (P■ 
ATTEST: (SEAL) 


197 




CITY CLERK 






' " PRESSING ‘OFFICER 

,> 

Presented by me to the Mayor of the City of Fort Wayne,, Indiana ,^on the^ 


day of_ 


kO 


_, 197j£. 


i 

al 


- t ' .i'Vsj - ' 

t the hour of_0: ? clack 


0 Vt i'o. ’*V X 


PC, M.jE.S.T. 



Approved and signed by me this 4 
at the hour of_ . PiOO o 5 clock _ 


_day of 


CITYt«S__ w> 

197#L 


P- M.,E.S.T 




































































































S-74-10-05 


-v 


Bill No. 

P --——«—— — 

REPORT OF THE, COMMITTEE ON FINANCE _ 

<f 

Wa 3 your Committee on Finance _____ to whom was referred an Ordinance 

approving a contract with JOHN DEHNER. INC, for improving Council Drirp 


& 

if 



CONCURRED IN 

DATE ARLES W. WESTERMAN, CITY CUM 















































'UOJECT 

'AT E August 13, 1974 


Paving Council Drive 


BID ANALYSIS SHEET 


RES- NO. , 5667-1974 


MATERIAL 


OFFICE OF CITY EN< 
FORT WAYNE INDIA, 


CONTRACTORS 


% ' 

\ 

John Dehner, Inc. 

Hipskind Asphalt 

Corporation 

1 

* 

STREETS - ALLEYS—SIDEWALKS 

OiJAN UNIT MATERIAL 

UNIT 

BID. 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

| UNIT 

8 __Bj D 

1 TOTAL 
_BID_ 

UNIT 

ELD 

TO 
_B 

1,000 

Cu. Yd. 

Excavation - Regular 

$ 5.00 

& 5,000.00 

$ 4.85 

$ 4,850.00 

$ 5.00 

$ 5,000.00 





120 

/ 

sq. Yd. 

Pavement Removal 

4.00 

480.00 

.4.50 

540.00 

4.00 

480.00 ' 





-L^ZA9 

189 

Vrl 

St. Pavement 8" PI. Concrete 

12.00 

20.988.00 

10.30 

18,014.70 

12.00 

20.988.00 





Sq. Yd. 

Concfete~Dr. Approaches- 8" 

PI. Concrete Inc. Reqradinq 

12.00 

2.268.00 

18.50 

3,496.50 

16-on 

2yS35..J30 





70 

Sq. Yd. 

Stones for Drives - 6" #53 

Including Reqradino 

5.00 

350.00 

3.00 

... 210.00 

10.00 

700.00 

• 




48 

Tons 

10" Deep Strength Asphalt 

20.00 

960.00 ' 

55.00 

2,640.00 

30.00 

1.440.00 





964 

Lin. Ft. 

6"x6" Tnteciral Curb (Strai aht.) 

3.00 

2,982.00 

1.80 

... 1.735.20 

6.00 

5-^284.-00 





—220— 

1,050 


9" Riaid Pipe Conduit, for Driv 

2.00 

'440.00 

3.50 

770.00 

... ■■■■a.aa 

660.00 





-Lri-Fi-T-f‘4) r- 

Sq. Yd. 

• 

Fine Gradi no 

i .nn 

1,050.00 

0.65 

682.50 

i .nn 

1.050.00 





1,060 

So. Yd. 


1.00 

1.050.00 

0.90 

945.00 

0.50 

. 595.00 





10 

Lin. Ft. 

5’ High Cone. Rota ini no Wall 

60.00 

Ann,nn . 

38.50 

385.00 

50.00 

500.00 

• 




5 

Ha ch 

New Manholes 

500.00 

2,500.00 

624.80 

3.124.00 

600.00 

3,000.00- 

. . 




3 

H-i rh 

New Inlets to be Constructed 

4nn.nn 

1,200.00 

350.00 

1,050.00 

400.00 

1,200.00 





54 

Lin. Ft. 

12" Sewer Pine Clace TTT * 

9.00 

486.00 

ill. 41 

616.14 

15.00 

81QJ3Q- 


* 



a go 

H n Ft 

15" Sewer Pipe Class III 

_ T2L,.QQ_ 

15.00 

i 7,584.00 

16.30 

10.301.60 

. 18.00 

11,376.00 





__J7X1— 

1 

L3a._F.t_ 

Ha ch 

24" Sewer Pipe Class III 

1,050.00 

22.94 

1,605.80 

22.00 

1,540.00- . 





4'x4'x6' Inlet Chamber incl. 

600.00 

600.00 

571.00 

571.00 

1,500.00 

" 

1,500 .-00- 



. 


C'.'P 

Cu Yd 

bu'ckfiii Gravel tTrenches & 
Structures) #53 

6;nn 

3,900.00 

7.10 

4,615.00 

9.00 

5.850.00 



















TOTAL 


553j3QR.no ... 


1- 

rj7 

m 


$65,238.00 





















.. 
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L... 
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m made and entered into this ^' . l -day of , \9.2fr 

by and betwee n - - -- J0H * - P - ™, INC.- . 


herdnafter called “Contractor" and the City of Fort Wayne, Indiana, a municipal corporation, herein¬ 
after called “City,” under and by virtue of an act of the General Assembly of the State of Indiana, 
entitled “An Act Concerning’ Municipal Corporations,” approved March 6, 1S05, and all amendatory 
and supplementary acts thereto, WITNESSETH: That the Contractor covenants and agrees to im- 

ye _ Council Drive from the east property line of Mer chandise Place to_the west 
PrinP of the pavement of Industrial Road, . approximately 5$4 _ feet. _-- 


by grading and paving the roadway to a width of-§7-—f e et with. 


8" Plain Concrete 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and to the entire satisfaction of said City, in accordance with Improve¬ 
ment Resolution 5667- 1 774 

sat the following prices: 

Excavation - Regular 


Four dollars and eighty five 
cents, per cubic yard 


$ 4.85 


Pavement Removal 

•Street Pavement 8" PI. Cone. 

Concrete Drive Approaches- 
8" PI. Cone. Incl. Regrading 

Stone for Drives — 6" #53 

Including Regrading 

10" Deep Strength Asphalt 


4.50 


Four dollars and fifty cents, 
per square yard 

Ten dollars and thirty cents, per 
square yard 

Eighteen dollars and fifty cents, per 
square yard 

Three dollars and no cents, per square 
yard 

Fifty five dollars and no cents per ton 55.00 


10.30 


18.50 


3.00 


>• _ nor 1 i aaal 


1 .80 


l r> 





































pHhp Of the navfiment o f Industria l R^d, gppEPyitnqtgly 564 feet , T . 


by grading and paving the roadway to a width of- 

8" Plain Concrete 


27 


_feet with. 


upon a foundation and with curbing as fully set out in the specifications hereinafter referred to, in a 
good and workmanlike manner and'to the entire satisfaction of said City, in accordance with Improve¬ 
ment Resolution Ho Q74 .-- ■ - 

v;.e following prices: 


Excavation - Regular 

Pavement Removal 

Street Pavement 8" PI. Cone, 


Concrete Drive Approaches- 
8" PI. Cone. Incl. Regrading 

Stone for Drives - 6" #53 

Including Regrading 

10" Deep Strength Asphalt 


Four dollars and eighty five 
cents, per cubic yard 

Four dollars and fifty cents, 
per square yard 

Ten dollars and thirty cents, per 
square yard 

Eighteen dollars and fifty cents, per 
square yard 

Three dollars and no cents, per square 
yard 

Fifty five dollars and no ceits per ton 


6" x 6" integral Curb (Straight) One dollar and eighty cents, per lineal 

foot 

2" Rigis Pipe Conduit for drives Three dollars and fifty cents, per lineal 

foot ■ ■ ‘ • f ■ •* ; 

. <r. ' '■ ' { 

Sixty five cents, per square yard . 

Ninety cents, per square yard 

Thirty eight dollars and fifty cents, per 
lineal foot 

Six hundred twenty four dollars and 
eighty cents, each 

Three hundred fifty dollars and no 
. cents, each 

Eleven dollars and forty one cents, 
per lineal foot 

Sixteen dollars and thirty cents, per 
lineal foot 

Twenty two dollars and ninety four cents, 
per lineal foot 

Five hundred seventy one dollars and 
no cents, each 

Seven dollars and ten cents, per cubic 
yard 


$ 4.85 

4.50 

10.30 

18.50 

3.00 

55.00 

1,80 


Fine Grading 

Seeding (Incl. Straw Mulch) 

5 Ft. High Concrete Retaining 
Wall 

New Manholes 

New Inlets to be constructed 
12" ^ewer Pipe Class III 

15" Sewer Pipe Class III 

24" Sewer Pipe Class III 


4 , x4 , x6' Inlet Chamber, 
Incl. Fab. Grate 

Backfill Gravel (Trenches & 
Structures) #53 


3.50 

0.65 

0.90 

38.50 

624.80 

350.00 

11.41 

16.30 

22.94 

571.00 

7.10 


• ' Mil \ ? y • 1.' • 

The Contractor will furnish immediately a certificate from the Industrial Board of 
the State of Indiana, that he has complied with Sections 5, 68, 69 of the Workmen's 
Compensation Act, approved March 14, 1929, in accordance with Section 14 of the 
Compensation Act (Acts 1929, page 545, being Section 9459 of Burns Annotated Statutes, 
Volume IV). (Section 40-1214 Burns Annotated 1952 Revision - Volume VIII). 


A copy of General Ordinance No. G-60-66, concerning discriminating in employment 
under municipal contracts, is attached and incorporated herein by reference. 























* DIGEST sheet 

TITLE OF ORDINANCE: Special - Street Resolution 5667 ~ Council Dr 1 ve 

DEPARTMENT REQUESTING ORDINANCE: Board of Pub! ic Works __ • 

SYNOPSIS OF ORDINANCE: Contract with John Dehner, Inc., in the amount of __ 

$56,152.44 for improving Council Drive. This is a- Barrett Law project on which , 

the City will be paying approximately $39,346.64. _ ■ _ - 


(Prior Approval was requested) 



EFFECT OF PASSAGE: New street as requested by property owners. * 

*- 


' •. . 

- 


• 

• 

EFFECT OF. NON-PASSAGE: 

Failure to act on petitioned improvement. 




• 

* 

MONEY INVOLVED (Direct 

Costs, Expenditures, Savings): Cost to Civil City 


$39,346.64. 




ASSIGNED TO COMMITTEE (J.N.): 




































